CONTRACT REVIEW SHEET 



Person*Sending: Billy Wasson 



Department Name: Courthouse Square 



Date Sent: 12/28/98 



The attached: 

Contract 



{CIRCLE ONE) 

Amendment # 3_ 



Grant 



Lease 



INCOMING FUNDS? YES NO (CIRCLE ONE) 

If incoming funds you must attach a Revenue Management Sheet 



Contractors 
Name: 


Arbuckle Costic Architects, Inc. 


Date From: 11/25/98 


Date To: 6/30/99 


Amount of Contract or Amendment: Not to exceed $5,000.00 


If an Amendment, New Contract Total = % 


Certificates of 

Insurance 

Attached: 


Liability 

(circle one) 

Yes No 


Workers Comp 

(circle one) 

Yes No 


If no insurance attached,why not? 



RFP: Competitive Bid: Renewal:. 



Process taken to select contractor: 

Verbal quote: Written quote:_ 

(Attach copy for reference) 
description of Contract Services: 

Additional Services for Arbuckle Costic Architects relating to LEED Green Building Rating System and 
recycled content of building materials for Courthouse Square project. Billing would be at an hour rate not to 
exceed $5,000.00. 



1^ 



4- 



Date Risk Received: 



2J2/f9 



Date Scheduled on BOC Agenda /yM^ft/ 1/?^ 



Authorization for Health Administration to 
sign on behalf of BOC: 



Additional Comments 



yes 



Staff 



Risk 




irgfent date 



Fiscal Services 



General Services 



date 



date 
id fuJ**- — 



Legal Counsel 



date 



Returned to Department/ _ 



.for_ 



jignatuns. Copy to Fiscal Services _ 



Review. CON 5/98 



AMENDMENT #3 
TO 

CONTRACT FOR SERVICES FOR 
ARBUCKLE COSTIC ARCHITECTS 



TheXqntract for Servicesjbetween Marion County and Arbuckle Costic Architects dated 
^.^y » ^ . ^ „ ^ , is amended as follows: 

Additional Services for Arbuckle Costic Architects relating to LEED Green Building Rating 
System and recycled content of building materials for Courthouse Square project. Billing would 
be at an hour rate not to exceed $5,000.00. 

See attached letter for more details. 

All other provisions of the original agreement remain unchanged and in effect. 



Signed this t | day of Dooombcr; 1998 . 




iture 



Title 



Date 

TaxID# ^'VZZ^&ZZ 



Marion County 




Billy Wajson 



Salem Area Transit District 




John Whittington 



Approved as to Form: 
Coqu^cts CoorfiWtor 



Date: 



Legal Counsel 



Date; Co 



Archamd3.wpd 



T 



' <» t 

DEC-ei-88-MON 15:48 ARBUCKLE COSTIC ARCH INC FAX NO, 5035813655 



P. 06/20 



September 15, 1998 



Billy Wasson 

Project Co-Coordfnator/Director of Corrections 

Marion County 

4040 Aumsville Highway SE 

Salem, Oregon 97302 

RE: LEED Green Building Rating System 
Recycled Content of Building Materials 
Courthouse Square 
Project No. 9828.^59 




Km/VbuOift. /MA 
Alan E. Costic, AiA 
waiter 6. ecnsman. Jr., /u\ 
Clayton vorse, AlA 



ARBUCKLE COSTIC ARCHITECTS, INC 

363 Scare Street 
Salem, OR 97301-3S33 
503/58I-4H4 Fax: 503/581-3655 



Dear Billy; 

On July 10, 1998, we wrote a letter outlining our concern that services relating to the above referenced 
Issues were not Included in our agreement for services- During the development team meeting Thursday 
September 10, 1998 t it was agreed that services required from Arbuckle Costic Architects and our 
consultants would be billed at the hourly rate set In our agreement with a not-to-exceed amount of $5 000 
Arbuckle Costic Architects will invoice the time and reimbursable expenses incurred by the firm and Its 
consultants for this work monthly. If this arrangement Is acceptable, please sign below and return one copy 
for our files. Should we anticipate that billings will exceed this level, we will approach the team for an 
increase in the not-to-exceed value. 



Yours Sbtfcerely, 




Leonard Lodder F A.I A. 
Architect 



LLal 



cc; 



John Whittington, Salem Area Transit 

Craig Lewis, Melvin Mark Development Company 



982S.1A 



Buckle cost, 

0cr 05I99S 



TO: Arbuckle Costic Architects, Inc. 



We have read the above letter and agree to the terms stated herein. Arbuckle Costic Architects will submit 
monthly invoices for wo* completed. Payments arc due and payable within twenty (20) days from the date 

2££LZE?*i T* 1 f?^ m dayS ** ri "terest at the lega. rate prevail^ from Vme o 
time at the principal place of business of Arbuckle CosUc Architects. 



Billy Wafson, Marion County 



Date 



J6hn Whittington, Salem Area Mass Transit 



Date 



10/ / 



or 



